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COPY / OF ' 7 ~~ 


STATINTL 



16 June 1959 


SUBJECT : 


TO: 


Change Proposal LAC-33, Wiring 
and Heat Shield 

Contracting Officer 


Subject Change Proposal was submitted to formalize verbal 
action taken earlier. 

The WSPO concurs in the proposal as submitted. Request you 
issue formal notification to the contractor of WSPO and/or joint 
approval . 


1 Incl 

Change Proposal LAC-33 
dtd 4 Jun 59 (1 c y) 

cc: WND 
EFM 


STATINTL 


B.W" v 
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